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Contract No. NY-B-511313 
Asendmenut No. 2 


Baird-Atemic, Inc. FER 17? 1958 
33 University Road 
Cambridge 38, Massachusetts 


Gent Lenen: 


1. Refereuee fg mde to Contract No. NY-B-51LLD dated April 24, 1958, entered 
inte between Baird-Atomic, Inc. and the United States of America. 


2. Pursuant to the provisions of PART IT « PERIOD OF PERE NCE the 4 
completion date of St Decenbor 1958 is anented to reed 30 Jume 1959. 4” a 


3. Pursuant te the provisions of Paragraph 30 (4), ana (e) “OVER- 
READ RATES of the General Provisfons, Paragraph 3 (b) of PART IV ~ PAYMENTS of the 
SCHEDULE is amended te include the following fixed and provisional rates for the 


periods stipulated. 
Fixed retes for the period 1 October 1957 to 30 


STATOTHR 


* Direct tates “dollars exclusive of overtime premiums. 
** Totel costs exclusive of general and adwinistrative. 
Provisional billing rates for the period beginning 1 November 1958. 


STATOTHR 


Basie of application 
* Direct labor dollars exclusive of overtime premiums. 


®* Totel costs exclusive of general and administrative. 


kh, Effective 29 December 1958 PART I - SCOPE OF WORK is amended to include 
the following additional work: 


a Design port aft canopy for the A3D-2P and -~cq aircraft to enable 


mounting the aqu-1/A Sextant. 
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‘ 
ays okiiey ~~ 
b. Mamfacture three (3) polyester-plexiglass canopies according to design 
arrived at in s above. Que of the three canopies is to be tested to 
destruction. 


DELIVERY - Four (4) weeks from 29 Decesiber 1955. This completion 
i the contractor with a tool giving comtowr and trim of 
| present port aft cancyies for the above referenced 
aircraft. 


5. Im view of the ad@itieml work PART TTI - ESTIMATED COST AND FIXED FEE 
is deleted in ite entirety and the following is substituted therefor: 


25X11 


1 eee ee vom rere of ee eee hee oe eee’ 
Euleshasik 45 Sa GhAsietimel Gad vetitn the seamintag coay See seer tlae- 


Very truly yours 5X4 
HE UFIPED ieee OF AMERICA 


25X1 
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